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BILL NO. S-83-11-37 


SPECIAL ORDINANCE NO. S 


AN ORDINANCE approving Change Order 
#1 (FINAL) Contract 83-01, Repairing 
and Repainting Maplecrest-St. Joe 
Center Water Tower, with Neumann 
Company Contractors, Inc., in con¬ 
nection with the Board of Public 
Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order #1 (FINAL) Contract 83-01, 


Repairing and Repainting Maplecrest-St. Joe Center Water Tower, 
with Neumann Company Contractors, Inc., in connection with the 
Board of Public Works for: 


Change Order #1 (FINAL) Contract 83-01, 
Repairing and Repainting Maplecrest-St. 

Joe Center Water Tower is necessary be¬ 
cause after cleaning the lower interior of 
the Maplecrest Tower, severe pitting was 
found that required welding repair before 
painting. This area was under an ice-cake 
at the time of inspection and therefore 
not visible. A siphon device was also 
installed prior to painting to completely 
drain the tank in the future; 


involving an increase of One Thousand Five Hundred Sixty-Four and 
16/100 Dollars ($1,564.16), all as more particularly set forth in 
the specifications, and which is on file with the Office of the 
Board of Public Works, and is by reference incorporated herein, 
made a part hereof, and is hereby in all things ratified, con¬ 
firmed and approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 



APPROVED AS TO FORM 



City Attorney 







Read the firs>itime in full and on motion by- 

seconded by__/ and duJ^ adopti 

by title and retired to the Committee^_ ^ _ 

Plan Commission for recommendation^ an'd-Jj- ih 1 i-A Wj/^nr -i n (7 i-n he he^ 
due legal notice, at the Coungil'—Cfiambers, City-CountyBuildingT Fort Wayne, 
Indiana, on_ , the_ day of 


the^^condtlme 

(an^ the City 
after 


19 


at 




~o'^locJ<: / .M. ,E.S.I 


CITY CLERK 


Read the third in full and on motion by 

seconded by__, and duly adopted, i^^ed on its 

(LSS9^ "fey the foi: " 


passage. PASSED ^ (Li 
AYES 

TOTAL VOTES 

BRADBURY 
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. EISBART 
GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 
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by the following vote: 

NAYS ABSTAINED 


DATE: 






/ 


/ 


^ f. 


CITY^LERX 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZONING'(GENlJtSm -(ANNFXSOIXQM) (SERIAL) 

CAP gxOPRJ - A T IO N) ORDINANCE (ReSOLtfTI-eif^- NO. ^ 

on the _ _day of_ 




19 


3^. 


ATTEST: 


(SEAL) 


O^ERK 






CITY OtERK presiding OFFICER ' 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 

the_ / d ay of , 19 , at the hour of 

_ / /<g»-g) _^o' clock 

4 . , , /- 4 . 


CITY 9LERK 

Approved and signed by me this _day of 

19 9^ at the hour of__^o' clock 



WIN MOSES, JR. 


MAYOR 














































































change Order No. 1 (FINAL) __ 

Pro'ject No. 83-01 _ 

S-aae of Project REPAIRING S REPAINTING MAPLECREST-ST. JOE CENTER 

WATER TOWER 


Jo;NEUMANN COi-IPANY CONTRACTORS, INC. 

(Contractor) 


Resolijtion 1^. — 
Board Order No. 24-83 
Bate OCTOBER 18, 1983 




Gentleaen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 


Description of Change 


Change in Contract Price 

No. 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

2 

28 MANHOUf 

S UNANTICIPATED ADDITIONAL WORK 

50.00 


$1400,00 



PIPE MATERIAL 

164.16 


164.16 

























Total Decrease 

Total Increase 

Net (sseesese®) (Increase) Contract Price 




$1564.16 


$1564.16 


The sum of $ 1564.16 _ is hereby (added to) (dffiC&ttEKgdxfXBa) the total contract pric 

and the final contract price shall be adjusted as follows: 


Original Contract Price $ 57,500. 

Current Contract Price Adjusted by Previous Change Order $ 57,500. 
New Contract Price Including Tnis Change Order $ :>^,Ub4.lb 


Tne time provided for completion in the contract for this project is (unchanged) (i«KrESS£^) 

by -0- _ calendar days due to this Change Order. The date for completion 

of all work shall be unchanged _. Furthermore, this document shall become an 

amendment to the contact and all provisions of the contract shall apply hereto. 

Recommended (Chief WATER Engineer) Date _ 


Accepted by: 


Approved by 




(Contractor) Date -fo - n - 


Approved by: 


(Director of Water Resources)Dat e /o - ffS 




(Chm. Bd. of Works) Date 


(Member Bd. of Works) Date_ 


/i/s/^3 


Attested by 


: . Lj2y^' 0 ^ 


(Member Bd. of Works) 

(Clerk) Date >7^^ 
















































•MOiigC 


aer iso, x {fiNAL.) 


Resolution No. 

Board Order No. 

REQUEST AND JUSTIFICATION FOR CH.4NGE 

Necessity for change: AFTER CLEANING THE LOWER INTERIOR OF THE MAPLECRES T TOWER, SEVERE 
PITTING WAS FOUND THAT REQUIRED WELDING REPAIR BEFORE PAINTING. T HIS AREA WAS UNDER AN 
ICE-CAKE AT THE TIME OF INSPECTION AND THEREFORE NOT VISIBLE. A SIPHON DEVICE WAS ALSO 
INSTALLED PRIOR TO PAINTING TO COMPLETELY DRAIN THE TANK IN THE FUTURE. 


Will proposed change alter size of the project? Yes_ No X 

If yes, explain 


Affect on operation and maintenance cost of this project: 
FUTURE OPERATING AND MAINTENANCE EXPENSES WILL BE REDUCED. 


RECEIVED 

OCT 3 i 1983 




TERRY L. ATHERTON, P.E., CHIEF WATER Bngineei 


FORT WAYNE WATER UTILITY 

CMOIMCCDIMQ nppT 


























































S-83-11-51 


BILL NO 


REPORT OF THE COMMITTEE'ON CITY UTILITIES 


WE, YOUR COMMITTEE ON City Utilities _WHOM WAS REFERRED AN’. 

ORDINAilCE approving Change Order #1 (FINAL) Contract 83-01, Repairing ' 
and Repainting MapTecrest-St.. Joe Center Water Towwer, with Neumann 

Company Contractors, Inc., in connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMJ-ION COUNCIL THAT SAID ORDINANCE /'/ '' . ' P ASS. 

VICTURE L. SCRUGGS, CHAIRI^AN 


SAMUEL J. TALARICO, VICE CHAIR,MAN 


A ■ 


DONALD J. SCHMIDT 









^3 




























/ / 


Admn. Appr. 

•title of ordinanc e Change Order #1 (FINAL') Contract^ 

ihg Mapleoieti L-y±r 
DEP/vRT?-IE»NT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS 

smopsis OF ORDIN'ANCE Change Order « 1 (FINAL) Contrar. 1 - R ^-ni . Repairing £, ■ 

--^ ?P«i-ntlnq Maplecres t- St. Joe Center Hater Tower Is necessary becanse 

- cleaning the lower interior of the Maplecrest T ower, severe 

:-^-P 4<^tlng was found that r equired welding re pair before painting. This 

- ^nder an ice-cake a t .the time of inspectio n and therefore no 

- ^ siphon devic e was also■ Installed prior to painting to com 

- drain the-tan k in the future. ' Neumann Company Contractors,! 


83-01, Repairing & Repair 
gocyCtr, Water Tov/ o- r - 


'//-S7 


EFFECT OF PASS.^GE Pbture operating and maintenance expensS will be reduced? 


EFFECT OF NON-PASS.A.GE 


money LVv'OLVED COIRECT COSTS, EXPENDITURE, S.-WINGS) $1,56 4.16 Increase 


assigned to COMMITTEE 




































































































